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FOREWORD 

.  This  Supplement  to  the  I960  Fiscal  Year  Capital  Im- 
provement  Program  contains  the  preliminary  plans 
and  outline  specifications  for  15  major  construction 
\02-^A  projects  included  in  the  recommended  program. 

•  The  purpose  of  the  Supplement  is  to  assist  in  vis- 
ualising the  projects  and  their  functions.  It 
should  be  studied  with  the  capital  improvement  re- 
port. This  document  is  designed  to  meet  the  require- 
ments of  Chapter  121  of  the  Acts  of  1956  which  calls 
for  the  subnittal  of  preliminary  plans  and  outline 
specifications  for  permanent  construction  projects  at 
the  time  the  construction  funds  are  requested. 

,  Preliminary  plans  are  included  herein  for  all  major 
building  projects  except  the  addition  to  the  library 
at  Morgan  State  College  and  the  dining  hall  and  stu- 
dent activities  building  at  Frostburg  State  Teachers 
College  for  which  working  drawings  are  already  avail- 
able, small  projects  of  the  Department  of  Forests  and 
Parks  for  which  standard  plans  are  utilized,  and 
several  minor  projects  each  of  which  costs  less  than 
;jj50,000. 

.  There  are  14.  projects  recommended  in  the  capital  im- 
provement program  for  the  I960  fiscal  year  which  pro- 
vide advance  planning  funds  to  develop  preliminary 
plans  and  outline  specifications.  These  projects  are 
estimated  by  the  several  State  agencies  to  cost 
$16,262,600.  Provision  of  advance  planning  funds  will 
enable  the  State  agencies  to  develop  their  programs 
and  prepare  preliminary  plans  and  specifications. 
This  will  result  in  more  specific  project  requirements 
and  more  acciu-ate  cost  estimates. 
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DEPARTMENT  OF  MENTAL  HYGIENE 


ACTIVE  TREATMENT  BUILDING  FOR  MALES 
Spring  Grove  State  Hospital 
Gatonsville 


PROJECT  DESCRIPTION 


The  project  consists  of  a  one-story  building  for  housing  and  active  treatr- 
ment  for  100  dist^orbed  male  patients.  It  will  be  similar  to  the  present 
White  Building  for  female  patients, 

PRELIMINARY  PLANS  At©  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  the  right. 

Outline  specifications  ares  ■.  n   i  v  i     n™« 

z,  \      .  n„  Brick  with  slag  block  back-up,  lime- 

Exterior  walls  ,.»oce»s«»»   oij-uj:..  wj.l.i^  t=-i-'^B  ir-j 

stone  trim 

j^QQ^ Concrete  with  "built-up"  or  satisfac- 
tory surfaces  as  appropriate 

Windows Steel  with  screens,  detention  screens 

in  sane  areas 

Ploors a  ..  .   Concrete,  generally  asphalt  tile  sur- 
faces. Ceramic  tile  or  terrazo 
floors  in  toilet  and  bath  facili- 
ties and  sane  corridors 

Interior  partitions Slag  block  with  tile  wainscot  in  coi- 

ridors  and  sane  patient  areas 

Plumbing,  heating  and  electric   ,    ,    .       Standard 

ESTIMATED  PRCJECT  COST   (Advance  planning  funds   of  014,000  were  provided  in  the 
1957  General  Construction  Loan) 

^^^ $ 

Building   (i^cludiig'fees  and  mechanical-electrical) "'"'^m'ooO 

Utilities  and  site  improvements ^^'^f 

Equipment    (to  be  requested  later). ,nnnr\n 

Total • *  1,40U,UUU 

Cost  of  building  per  square  foot  $24.^00 
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STAIE  DEPARMENT  OF  PUBLIC  WELFARE 


SOUTHERN  REGIONAL  DETENTION  CENTER 
Montgomery  Countj',  off  Route  29 


PROJECT  DESCRIPTION 


The  project  consists  of  a  tuo-story  building  for  the  detention  and  care  of 
UO   delinquent  children,  providing  detention  service  for  the  courts  in  the 
Washington  Metropolitan  area  and  southern  Maryland,  as  well  as  additional 
detention  capacity  for  the  State. 

PRELII4INARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Exterior  walls  .••••  Brick  with  slag  block  back-up 

Roof  ...........  Slope  shingles  over  concrete  with 

sloped  flat  roofs,  concrete  with 

built-up  roof 
Windows.  ..............  Wood  double  hung 

Floors  Concrete  with  asphalt  tile,  generally 

kitchen,  bath,  and  toilet  facilitieSj 

ceramic  tile 
Interior  partitions.  ........  Slag  block  with  tile  wainscot  in 

kitchen,  dining  room,  toilet,  and 

bath  facilities 
Plumbing,  heating  aiid  electric  .  .  .  Standard 
Special  equipment.  To  include  kitchen  and  food  serving 

ESTIMATED  PROJECT  COST  (Advance  planning  fuaids  cf  |;6,0C0  were  provided  in  the 
1958  General  Construction  Lean) 

Land $     12,800 

Building   (including  fees  and  inechanical-electrical) ,   .....  385,000 

Utilities 50,000 

Site  improvements » 20,000 

Equipment   (to  be  requested  later) - 

Total $  ^67,800 

Cost  of  building  per  cubic  foot  |1.25 
Cost  of  building  per  square  foot  ilpl^.-i+O 
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STATE  DEPARTMENT  OF  PUBLIC  IffiLFAEE 


ADMISSION  COTTAGE 

Boys'  Village  of  Maryland,  Cheltenliam  and 
Maryland  Training  School  for  Boys,  Loch  Raven 

PROJECT  DESCRIPTION 

The  project  consists  of  a  two-story  admission  cottage,  capacity  25  boys. 
It  is  a  self-contained  unit,  including  classrocm  and  related  facilities 
and  also  two  apartments  for  staff  members, 

PRELIMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are   shown  at  right. 

Outline  specifications  are: 

Exterior  walls   ,   ,,.,     Brick  with  slag  block  back-up 

Roof  •,*,,,,..•..•..*     Wood  fraaing  with  asphalt  slope 

shingles 

Windows,  ,,,,.,.,,.,,,•  Steel  with  fly  screens 

Floors  .......,,,,.,..  In  general,  lower  floor  concrete  on 

grade,  other  floors  concrete  with 
asphalt  tile  finish  except  in 
kitchen,  toilet,  and  bath  facili- 
ties where  ceramic  tile  is  used 

Interior  partitions Slag  block,  ti]e  wainscot  in  kitchen, 

dining  room,  bath  and  toilet  areas 

Plumbing,  heating  end  electric  ,  ,  .  Standard 

Special  equipment .••..  To  include  kitchen  range  and  sinks 

ESTIMAIED  PROJECT  COST 

Lend •,,  $ 

Building   (including  fees  snd  mechanical-electrical) ,   •   •   ,   ,   •  210,000 

Utilities ,   ,  10,000 

Site  inprovemerts, • - 

Equipment    (to  be  requested  later) ,,,.,,•«.,,,,.,         - 

Total $  220,000 

Cost  of  building  per  cubic  foot  ^,94- 
Cost  of  building  per  square  foot  $9.4-0 
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DEPARTMENT  OF  COREECTION 
EXPANSION  OF  CORRECTIONAL  CAI-CP  FACILITIES 

PROJECT  DESCRIPTION 

The  project  consists  of  a  one-story  building  to  house  250  inmates.  It  has 
a  central  connecting  section,  with  4-  dormitory  wings,  a  dining  wing,  a 
kitchen  and  service  wing,  a  recreation  wing,  and  an  office  and  guard  wing. 
The  central  section  contains  toilets  and  other  service  areas. 


PRELIMINARY  PLANS  AIJD  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Exterior  walls   ......       Brick  with  slag  block  back-up 

Roof Flat  concrete  'vrith  built-up  roofing 

Windows.    ......    Steel  with  fly  screens 

Floors   •   Concrete  without  finish  except  in 

special  areas  where  asphalt  tile 

will  be  used 
Interior  partitions.   ....a...       Slag  block  with  tile  wainscot  in 

bath,   toilet  facilities,  kitchen 

and  dining  rooa 
Plumbing,  heating  and  electrical  .   .       Standard 
Special  equipcient.    •..••••••       For  kitchen 

ESTD-IATED  PROJECT  COST 

Land  « $        - 

Building   (including  fees,  mechanical-electrical 

utilities  and  site  improvements)  ......  ...     550,000 

Equipment.  ......•.....•.••.... - 

Total ,    .  $  550,000 


Cost  of  building  per  cubic  foot  $1,27 
Cost  of  building  per  square  foot  $14-, CO 
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DEPARB^KT  OF  CCREECTION 


NEW  WORK  COLONY 
Jessup 


PROJECT  DESCRIPTION 


The  project  consists  of  a  single  building  \nth  a  capacity  of  4-00  inmates, 
complete  vith  kitchen,  dining  hall,  power  plant  and  related  facilities, 
enclosed  by  a  wire  fence.     It  will  provide  a  minimim  security  institution 
for  domestic  relations  cases. 


PRELIMINARY  PLANS  AND  SPECinCATIONS 

Plans  are  shoi;n  at  right. 
Outline  specifications  are: 

Exterior  walls   ,.    ,       Brick  with  slag  block  back-up 

Roof  .••..,,•,,««•,••       Plat  concrete  with  built-up  roofing 

Windows,  .,,,,.,,,,,.,,   Steel  with  fly  screens 

Floors  •,..,•,•.,...••   Concrete  without  finish  except  in 

special  areas  where  asphalt  tile 

will  be  used 
Interior  partition  .,.,,••*.       Slag  block  with  tile  wainscot  in 

bath,  toilet  facilities,  kitchen 

and  dining  roan 
Plumbing,  heating  and  electric   .   ,   .       Standard 
Special  equipment,   .,,•,.•••       For  kitchen  and  jail  equipment  for 

lock-up  cells 


ESTIMATED  PROJECT  COST 

Land ,         $ 

Building   (including  fees,  mechanical-electrical, 

utilities  and  site  improvements)  .•,««•,,,•••*     1,500,000 

Equipnent •,•,.,,,,,••*,,•,•  - 

Total $  1,500,000 

Cost  of  building  per  cubic  foot  *1,20 
Cost  of  building  per  square  foot  $17.80 
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MARYLAND  SCHOOL  FOR  THE  DEAF 

PRIMARY  SCHOOL  BUILDING 
Frederick 

PROJECT  DESCRIPTION 

The  project  consists  of  a  single  two-story  building  to  house,  feed,  and 
educate  100  educable  deaf,  hard  of  hearing  children,  and  those  with  heai^ 
ing  impairments  and  language  learning  problems,  between  the  ages  of  5  and 
12  years.     It  contains  dormitories,   7  staff  apartments,   gymnasium  with 
stage,  kitchen  and  dining  rooms,  offices,  classrooms  and  special  diagnostic 
and  teaching  rooms. 

PRELIMINARY  PLANS  AITO  SPECIFICATIONS 

Flans  are  shown  at  right. 

Outline  specifications   are: 

Exterior  walls   ....    Brick  with  slag  block  back-up 

Roof  ......       Flat  concrete  with  built-up  roofing 

Floors   ............•••       Concrete  with  asphalt  tile  except  in 

toilet,  bath,  and  kitchen  areas  to 
be  ceramic  tile.     Classroon  areas 
to  have  special  floor  treatment  due 
to  acoustical  requirements  for 
specialized  teaching 

Interior  partitions,   ........       Slag  block  painted,  except  in  small 

areas  for  special  use 

Windows. Steel  with  fly  screens 

Plumbing,  heating  and  electric   ...       Standard 

Special  equipment •       To  include  kitchen  equippent,  re- 
frigeration and  domestic  type  laur>- 
dry  equipment,   specialized  equipment 
for  teaching  and  therapy  purposes 

ESTIMATED  PROJECT  COST    (Advance  planning  funds  of  $10,000  were  provided  in  the 
1958  General  Construction  Loan) 

Building   (j-ncluding  fees  and  mechanical-electrical) s^  720,000 

Utilities  and  site  improvements.   «.,.••   30,000 

Equipment   (to  be  requested  later).   .......*•.•••••      ,         

Total *  750,000 

Cost  of  building  per  cubic  foot  $1.22 
Cost  of  building  per  square  foot  $15.60 
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MORGAN  STATE  COLLEGE 

AND 
SALISELTII  STATE  TEACIffiRS  COLLEGE 


PRESIDEl^IT'S  RESIDENOi: 

Ealtimore   arid  Salisbury 


PROJECT  DESCRIPTION 


The  project  consists   of  a  two-story  and  fcsseaent  residence  of  A5,000 
square  feet  floor  area,  with  h  bedrooms,  2-^-  baths,  enclosed  porch,  recrea- 
tion roco,  laundry  and  study. 

PRELMINARY  PLA1.^S  AND   SPECIFICATIONS 

Plans  are   shown  at  right. 

Outline  ijpecifications   are;  ,       ,.,      ,    -u     , 

Exterior  walls   Srick  with  cander  block  back-up 

j^Q^£. Slate   shingle  sloped  roofs  or  flat 

builtr-up  roofs  over  wood  framing 

Windows  Double  hung  wood  sash 

floors   !   !   !   ! Finished  oak  on  wood  joists  except 

for  basement  to  be  concrete 

Interior  partitions ^ane  plastered        _  _ 

Plumbing,  heating  and  electric   .    .       Standard  without  air-conditxonmg 
Special  equipment,    .,.,,,,.•       None 

ESTIMATED  PROJECT  COST 

L^^ %      - 

Building   (including  fees  and  mechanical-electrical) '^^'ooo* 

Utilities ^y 

Site  improvements .,.., 

?ot2!'!^:  ::;:;:;*.;*.*.;:::  ^  '••••••••  •  1157000 

Cost  of  building  per  cubic  foot  $1.00 
Cost  of  building  per  square  foot  $10,30 

^Utilities  at  Morgan  -  $5,000 
*Utilities  at  Salisbury  -  $3,500 
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STATE  DEPARTMENT  OF  EDUCATION 


LABORATORY  SCHOOL 

Bowie  State  Teachers  College 
Bowie 

PROJECT  DESCRIPTION 

The  project  consists  of  a  two-story  laboratory  demonstration  school  of 
six  classrooms  for  210  pupils,  with  conference  and  work  area,  kinder^ 
garten,  library,  multipurpose  room  with  stage,  health  and  science  rooms, 
kitchen  and  cafeteria,  recreation  room  and  play  yard. 

PRELIMINARY  PLANS  MD   SPECIFICATIONS 

Plans  are  shown  at  right. 

Outline  specifications  are: 

Exterior  walls  •.   Brick  with  slag  block  back-up,  lime- 
stone trim 

Roof  .....  Concrete  flat  with  built-up  roofing 

Windows. •   Steel  with  fly  screens 

Floors  Concrete  with  asphalt  tile  except  in 

toilet  facilities  and  kitchen 

Interior  partitions.  .......   Slag  block  painted  except  for  toilet 

facilities 

Plumbing,  heating  and  electric   •    .       Standard 

Special  equipment.    • For  food  serving,  book  shelves  in 

library,   and  storage  cabinets,  etc. 
in  classrocsns 

ESTIMATED  PROJECT  COST    (Advance  planning  funds  of  $5,000  were  provided  in  the 
1957  General  Construction  Loan) 

Land $ 

Building   (including  fees   and  mechanical-electrical) 4-60,000 

Utilities  and  site  improvements 50,000 

Equipment    (to  be  requested  later). - 

Total $  510,000 

Cost  of  building  per  cubic  foot  $1.05 
Cost  of  building  per  square  foot  $13»A0 
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STATE  DEPARTMENT  OF  EDUCATION 


GYMNASIUM 

Salisbury  State  Teachers  College 
Salisbury 


PROJECT  DESCRIPTION 


The  project  provides  a  gymnasium  with  auxiliary  facilities.     The  gymnasium 
hall  proper  is  96  feet  by  112  feet,  with  972  spectator  seats.     The   auxil- 
iary facilities  are  disposed  around  the  main  hall  in  one-story  structures. 
They  consist  of  lockers,  showers,  coat  rocms,  toilet  rooms,  exercise  rooms, 
storage  rooms,   and  other  auxiliary  spaces.     The  heating  boiler  is  located 
in  a  basement  at  the  rear. 


PRELmiNARY  PLAINS  AliD  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Structure    Steel  skeleton  with  steel  bents 

Exterior  walls. Face  brick  on  slag  block 

Roof.   ...............     20- Year-bonded  roofing,   glass  roof 

panels   over  gymnasium 

Interior  walls Glazed  tile   or  slag  block  painted 

Floors Asphalt  tile,  maple  in  gymnasium 

Ceilings Metal  acoustic  or  plaster  painted 

Windows  and  screens   ........     Aliminum 

Doors Hollow  metal 

Heating  .....    ....     Oil-steam;   ceiling  units  and  flush 

metal  convectors 
Equipment  included Bleacher  seats,  electric  scoreboard, 

lockers,  laundry  equipment 

ESTIMATED  PROJECT  COST 

Land. $ 

Building   (including  fees  and  equipnent)    ...........  425»000 

Utilities 4,000 

Site  improvements 7,500 

Equipnent    (to  be  requested  later)    ..............       - 

Total $  436,500 

Cost  of  building  per  cubic  foot  $0,85 
Cost  of  building  per  square  foot  $17,00 
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STATE  DEPARTMENT  OF  EDUCATION 


LIBRARY  BUILDING 

Coppin  State  Teachers  College 
Baltimore 


PROJECT  DESCRIPTION 

The  project  consists  of  a  2-story  and  basement  library  bioilding  to  house 
the  entire  college  collection  of  books  and  periodicals.     It  includes  a 
curriculum  materials  laboratory,  a  reserved  book  roan,   a  reference  roan, 
a  reading  rotsu,  work  rocsns,   a  cataloging  room,  offices,  a  browsing  room, 
an  audio-visual  roan  and  a  listening  rooa, 

PRELIMINARY  PLANS  AND  SPECIFICATIONS 

Plans  are  shown  at  right. 

Outline  specifications  are: 

Exterior  walls   ..........       Brick  with  limestone  trim,  brick 

back-up 
Roof  .....   Slate  on  concrete  or  gypsum,  built-up 

roof  where  flat  concrete  slabs  are 

used 

Windows Double  hung  wood 

Floors   .   *.       Concrete  with  asphalt  tile,   generally 

rubber  tile  in  specialized  areas, 

ceramic  tile  in  toilet  facilities 
Interior  partitions.  .  .  Slag  block  painted,  except  in  toilet 

facilities  to  be  tile  wainscot 
Plimbing,  heating  and  electric  •  .   Standard 
Special  equipment Book  stacks  and  book  shelving 

ESTIMATED  PROJECT  COST 

Land $ 

Building  (including  fees  and  mechanical-electrical).   ....  330,000 

Utilities 20,000 

Site  improvements.   ........   .....  - 

Equipment   (to  be  requested  later) .   .....  - 

Total $  350,000 

Cost  of  building  per  cubic  foot  $1.30 
Cost  of  building  per  square  foot  $22.70 


22 


r^  3hagj.*v.   T  = 

r 


Cab-d   Cat 


H  I  I  II  ii  i; 


iiiiimiiiiiim 

I     I    M   I    i    I   =P=l=t 


^  First     Flooe. 


5e.coni3   pLooe    " 


Front    Ele.vatiom  • 


"■  PeopoaeiLj 


fflg.    CoTPiw    StaxE- 'TgAC>iEttJnCqc;a^qc: 


~  Hiiw.  jCfrji  i<>A7~ 


23 


UNIVERSITY  OF  MARYLAND 

ACADEiaC  BUILDING  FOR  ARTS  AND  SCIENCES 
College  Park 

PROJECT  DESCRIPTION 

The  project  consists  of  an  academic  classroom  -  office  building  of  3  floors, 
basement  and  attic,  of  20,000  square  feet,  to  be  used  by  the  departments  of 
English,  History,  Foreign  Languages,  Classics  and  Art  and  by  the  Office  of 
the  Dean.  It  will  contain  16  classrooms  and  a  number  of  offices, 

PRELII'ilNARY  PLANS  AND  SPECIFICATIONS 

Plans  are  shown  at  right.  i 

Outline  specifications  are: 

Structure Concrete  skeleton  with  steel  roof  framing 

Exterior  walls  ...........  Face  brick  on  slag  block 

Interior  walls Painted  slag  block 

Roof  .,  » Slate 

Floors   ........    Asphalt  tile 

Ceilings   ........   Painted  concrete 

Windows.    .*.....•.••...  Wood  double-hung,   aluminim  screens 

Doors. Flush  wood 

Heating.    ....••..•••.••     Campus  steam  system 

i 
I 

ESTBIAIED  PROJECT  COST 

Land 

Building   (including  fees,  mechanical-electrical  and 

site  improvements)    .....    •*•..••. 

Equipment    (to  be  requested  later).    .......    . 

Total 

Cost  of  building  per  cubic  foot  ^1.20 
Cost  of  building  per  square  foot  $1^,03 
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UNIVERSITY  OF  MAEILMD 


DORMITORY  FOR  MEN  MD  DINING  UNIT 
College  Park 

PROJECT  DESCRIPTION 

The  project  consists  of  a  dormitory  and  a  dining  unit. 

The  dormitory  of  U  floors  and  a  partial  5th  floor,  for  250  men,  is  the 
first  of  a  group  of  6  dormitories  which  are  planned  to  house  a  total  of 
1,500  men.     The  dormitory  provides  bedrocms,  recreation  rocm,  storage, 
study  and  counselors     suites. 

The  dining  unit,  planned  to  serve  the  men  in  the  6  dormitories,  consists 
of  a  central  kitchen  with  basement  for  food  preparation  to  serve  1,500 
men  3  meals  a  day  and  3  adjacent  one-story  dining  halls,  each  to  serve 
500  men  3  mee-Ls  a  day.     The  dining  unit  in  the  present  project  consists 
of  the  kitchen  and  one  of  the  3  dining  halls,  both  equipped  initially  to 
serve  the  men  in  the  first  dormitory,  namely  250  men  3  meals  a  day. 

PRELIMINARY  PLMS  MD  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Structure Concrete  frame  with  flat  slab 

Exterior  walls Face  brick  on  cinder  block 

Roof Built-up  slag  roof  -  2"  rigid  insulation 

Interior  walls.   .   Partitions,  cinder  block  with  structural 

tile  wainscot  in  dining  hall  and  kitch- 
en.    Walls  generally  painted  cinder  block 

Floors.   ..   ....     Asphalt  tile,   quarry  tile  in  kitchen 

Ceilings.   .   Acoustic  tile  or  painted  concrete 

Windows   ....     Wood  double  hung  with  aluminum  half  screens 

Doors Hollow  metal 

Heating  .....     Steam  or  forced  hot  water  supplied  by 

central  plant.     Sloped- top  convectors 

ESTIMAIED  PROJECT  COST 

Land $ 

Buildings    (including  fees,  mechanical-electrical,   and 

some  special  eqiiipment)    ....,,.0., 1,08^^,000 

Utilities   50,000 

Site  improvements ,, - 

Equipnent  (to  be  requested  later)  ,,.......«..  - 

Total , %  l,134-,000 

Men's  Dormitory 

Cost  of  building  per  cubic  foot  $1.20 

Cost  of  building  per  square  foot  $12,00 
Dining  Hall  and  Kitchen 

Cost  of  building  per  cubic  foot  $1,20 

Cost  of  Building  per  square  foot  $17,00 
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jylMYLAKD  STATE  COLLECE 


RENOVATION  OF  KIAH  HALL  AND  NEW  WING 
Princess  Anne 


PROJECT  DESCRIPTION 


The  project  consists  of  a  new  portico  at  the  main  entrance  to  the  building 
to  protect  against  the  weather;  remodelling  and  adding  a  floor  to  the  east 
end  of  the  building  at  the  rear  of  the  auditorium- gymnasium  to  provide  stor- 
age space,  dressing  rooms,  and  shower  facilities;   and  a  new  three-story 
wing  to  house  the  music  school, 

PRELIMINARY  PLANS  mD  SPECIFICATIONS 

Flans  are  shown  at  right. 

Outline  specifications  are: 

Exterior  walls Face  brick  with  cinder  block  or  ccanmon 

brick  back-up,  portico  wood  and  glass 

enclosed 
Roof  ••,•.•.,.•,,,.,     Felt  and  slag  over  wood  with  20-year 

roofing 
Windows ..,,     Wood  double  hung,  except  steel  over 

locker  room 
Floors   Ground  floor  concrete  with  asphalt 

tile,  upper  floors  plyscord  with 

asphalt  tile 
Interior  walls   Interior  cinder  block  walls  painted. 

Partitions  generally  wood  with  sound 

absorbing  materials   or  plaster  board 

Ceilings  , Acoustic  board  or  sheet  rock 

Plumbing,  heating  and  electric   ,    .     Standard 

ESTBIAIED  PROJECT  COST 

Land  ..,•••,,.•   .*,,,,  ^        - 

Building   (including  fees,   and  mechanical-electrical)    ,   ,   ,   .  170,000 

Utilities 

Site  improvements , • - 

Equipment    (to  be  requested  later),    ,,. ..,.•,,.,,  - 

Total $  170,000 
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